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CBD STREETSCAPE AND 
UTILITY IMPROVEMENTS 
PHASES II AND III 


PROGRESS MADE THIS WEEK 
MONDAY-FRIDAY [11.18-11.22] 


+ Miscellaneous punch list items [downtown] 


+ Poured Glenwood Station concrete sidewalks and 
granite planter foundations 


+ Cleaned and televised sanitary sewer main 


+ Began structural lining of existing sanitary 
manholes 


DETOUR INFORMATION 


Detours related to the downtown streetscape work 
have been lifted. 


WORK ANTICIPATED NEXT WEEK 
MONDA Y-WEDNESDAY [11.25-11.27] 


* Miscellaneous punch list items [downtown] 
* Continue structural lining of sanitary manholes 


* Continue Glenwood Station streetscape work, 
weather dependent 


OTHER IMPORTANT INFORMATION 


* Please be alert as ongoing punch list work may 
require temporary parking restrictions. 


¢ This will be our last update flyer for the year. 
Thank you again for all your continued patience 
throughout construction. Have a great 
Thanksgiving! 


Clay Keller, P.E. 
Meredith Hannah 


630-936-9456 
630-547-5345 
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CBD STREETSCAPE AND 
UTILITY IMPROVEMENTS 
PHASES II AND III 


Hawthorne Blvd 


Park Blvd 


CRESCENT. AND GLENWOOD ONE-WAY PATTERNS AROUND 
GLENWOOD STATION ARE STILL IN PLACE TO ACCOMMODATE 


THE REMAINING BUILD-OUT OF THAT PRIVATE DEVELOPMENT. 
EVENING AND NON-WORK DAY ROADWAY OPENINGS ARE 
EXPECTED TO BEGIN FOR THE THANKSGIVING HOLIDAY. 
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BLUE AREAS INDICATE NEARBY PARKING LOTS ipti pesi o 
WITH SHORT- TERM CUSTOMER PARKING 
FOR MORE INFO, VISIT: GLENELL YN.ORG/PARKING CHANGE TO PARKING 
ONE-WAY ENTRANCE 


downtownge.com 


